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ACTION FBOE-OO 

INFO OCT-01 ARA-10 ISO-OO A-01 /012W 

044973 

P 101440Z SEP 75 

FM AMEMBASSY BRASILIA 

TO SECSTATE WASHDC PRIORITY 1419 

UNCLAS BRASILIA 7911 

FOR FBO FROM TAYLOR 

E.O. 11652: N/A 
TAGS: ABLD BR 

SUBJECT: LANDSCAPING PROPERTY NO. 61106-B 

DUE TO THE EXTENSIVE EXCAVATION THAT WAS NECESSARY AT THE EMBASSY 
SITE, AND SINCE THE RAINY SEASON IS APPROACHING BRASILIA IN THE 
NEXT THREE TO FOUR WEEKS, THE PROJECT SUPERVISOR HAS OBTAINED FROM 
AGRIPEC A PROPOSAL FOR THE PLANTING OF GRASS AT THE EMBASSY SITE 
IN ORDER TO PREVENT EROSION, FILLING OF STORM DRAINAGE SYSTEM WITH 
MUD ETC. THE AREAS THAT WOULD RECEIVE THE GRASS WOULD BE AS 
OUTLINED IN MR. MARX’S PRELIMINARY DRAWINGS. 

AGRIPEC'S PROPOSAL IS AS FOLLOWS: 

1. TOTAL AREA TO BE PLANTED 19000 SQ. MT. 

2. CLEANING OF AREA 

3. SCARIFICATION OF AREA TO BE PLANTED 

4. APPLICATION OF TOP SOIL AND FERTILIZER 5-15-10 AT THE RATE OF 
50 GRAMS PER SQ. MT. 

5. PLANTING OF PASPALUM NOTATUM GRASS AT THE RATE OF 120 SPRIGS 
PER SQ. MT. 

6. MAIANTENANCE OF PLANTED AREAS FOR PERIOD OF 120 DAYS 
TOTAL PRICE FOR THE ABOVE SERVICES IS US$ 30.5000 THIS INCLUDES 
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LABOR, MATERIAL, OVERHEAD AND PROFIT. 
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IF SUBJECT PROPOSAL IS APPROVED BY THE DEPARTMENT IT IS 
RECOMMENDED THAT THIS BE A SEPARATE CONTRACT WITH AGRIPEC 
IN ORDER TO SAVE THE OVERHEAD AND PROFIT NORMALLY CHARGED 
BY ENCOL 

PLEASE ADVISE SOONEST OF THE DEPARTMENT DECISION IN THIS 
MATTER. 

JOHNSON 


UNCLASSIFIED 
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Draft Date: 10 SEP 1975 
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Disposition Action: n/a 
Disposition Approved on Date: 
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Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1975BRASIL0791 1 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 
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Executive Order: N/A 

Errors: N/A 

Film Number: D75031 3-0584 
From: BRASILIA 
Handling Restrictions: n/a 
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ISecure: 1 

Legacy Key: Iink1975/newtext/t19750963/aaaacdya.tel 
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Office: ACTION FBOE 
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